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BILL NO. 67307097D 9. 


SPECIAL ORDINANCE NO. sS- ~ Y- FO 


AN ORDINANCE approving Change Order for 
RES. #6135-89, SUPERIOR STREET WATER 
MAIN BREAK with BROOKS CONSTRUCTION CO. 
in connection with the Board of Public 
Works and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 

SECTION 1. That Change Order for RES. #6135-89, 
SUPERIOR STREET WATER MAIN BREAK with BROOKS CONSTRUCTION 
co. in connection with the Board of Public Works and Safety, 
for: 


is necessary because when the contractor removed 
the catch basin to replace it with a precast in 
the northwest corner of Wells and Superior, we 
found the 12" storm sewer to be completely 
plugged. The Water Pollution Control Maintenance 
Department attempted to open up the line with a 
jet flusher; and when this failed, we attempted 
to open it with a rod machine. After getting 
inside the pipe 75 ft., the rods broke. After 
more investigation, it was determined that this 
line has been broken down and plugged for a number 
of years. There were only two ways to solve this 
problem: one, to run a new line to replace the 
old one, and that would be directly to the river; 
or the second option is to run a line to a 30" 
combination sewer. The second option was chosen 
strickly because of cost. To run to the river 
would have taken 250 feet of pipe and a flap gate; 


involving a net increase of One Thousand Four Hundred 
Twenty-Eight and 50/100 Dollars ($1,428.50), all as more 
particularly set forth in the specifications, and which is 
on file with the Office of the Board of Public Works and 
Safety and is by reference incorporated herein, made a part 
hereof, and is hereby in all things ratified, confirmed and 
approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all 





APPROVED AS TO FORM 
AND LEGALITY 


AE - 


J Time th cCaulayyLity Attorney 











seconded by » and duly adopted, read second time by 
title and referred to the Committee on (and the 
City Plan Commission for recommendation) an e held after 
due legal notice, at the Common Conference Room 128, City-County 
Building, Fort Wayne, Indiana, on » the » day 


of x 9 > BE ,o'clock D shy 


Read the boc. time in full and on motion by ee ey, 5 
















SANDRA E. KENNEDY, CITY CLĘRK 


Read ske Sia nt full and on motion ir eee, ’ 


seconded by » and duly adopted, placed on its passage. 





E 
PASSED EEP by the following vote: 


AYES NAYS ABSTAINED ABSENT 


ee. 


Te 


TOTAL VOTES 
BRADBURY 
BURNS 
EDMONDS 
GiaQUINTA 
HENRY 

LONG 

REDD 


SCHMIDT 


Mikek] K 


TALARICO 


DATED: e A] E É 


SANDRA E. KENNEDY, CITY CLERK 





Passed and adopted by the Common Council of the City of Fort Wayne, 





Indiana, as ( GENERAL), 
(SPECIAL) (ZONENG-MAP) ORDINANCE ee eT a 
on the GAL day of Oued? Ki >» 19 F2 
ATTEST; (SEAL) 
Mia k Riin a 
SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 


the PPA day of TAE STE eld EL 
at the hour of LL BO o'clock G E Bie Sie A 


£ 


SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this IBA day of Cec, j 
19 o >» at the hour of [3 o'clock Y 1, PR a a 


Ahk 


PAUL HELMKE, MAYOR 


CHANGE ORDER 


Change Order No. 1 Resolution No. 6135-90 
Project No. Board Order No. 21-89 
Name of Project Water Main Break on Superior Street Date August 9, 1990 
To: Brooks Construction Co. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Description of Change Change in Contract Price 
Unit Price 


SEE ATTACHED. 





Total Decrease 


Total Increase | $1,428.50 


| 
| 
Net 4Becmease)x (Increase) Contract Price | | 1,428.50 | 


The sum of $ 1,428.50 is hereby (added to) Kcmcwakaotxkxamk the total contract 
price, and the final contract price shall be adjusted as follows: 

Original Contract Price $ 90,176.00 

Current Contract Price Adjusted by Previous Change Order $_90,176.00 

New Contract Price Including this Change Order $ 91,604.50 


The time provided for completion in the contract for this project is (unchanged) HEIRESS 
gakendenodaye due to this Change Order. The date for completion 
Furthermore, this document shall become an 
rdvisions of the contract shall apply hereto. 

Chief 












teheqnsasekkxx 
of all work shall be 
amendment to the cia) and all 


Date SELL 


Date MA I 


7 
Date 3- 31-0 


Date Valgo 


Z 


Accepted by: if 
Approved ity M 


Approved b 


Ta 


Attested by: UV bres ý: ae Date Vizfoo 


a ‘ - 
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PROJECT:SUPERIOR ST. MAIN BREAK REPAIR RES, NO: 6135-89 CONTRACTOR: BROOKS CONST. 


CONTRACT COST ANALYSIS B.Q: 21-89 oar! 





-26-90 









‘Special Pavement Resoval (Concret 
R Rail, R/R Ties & Mud Slab) 
rb Resoval 








iWaterbound Macadaa Stone Base 


E. 5-D Base 









A.C. Surface A-2 


iCurbface Walk 











iConcrete Curb Type II] 









Concrete Wingwalk & Ramps 





‘oncrete Paveaent for Comaercial 
______ Drives 8" i 
19. iPipe Glass III Type RCP W/O-Ring! 


112" Class 





‘Inlet Type I-C 







Borrow For Structure Backfill 












ade es 
Borrow For Adjusting Sidewalk 
Grade 

27. iBorrow For Backfill Behind Curb 
& Walk 

ne Grade, Seed,Mulch & Fertz. 


















1200.50 ; $1,960.00 





16501.00 16501.00 | $16,501.00 










TOTALS: 


DIFFERENCE: 


+ PO Admn. Anor. 


, 


TITLE OF ORDINANCE Change order for Res. #6135-89, Superior Street Water Main Break 








DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


SYNOPSIS OF ORDINANCE The change order for Res. #6135-89, Superior Street Water Main 
Break is necessary because when the contractor removed the catch basin to replace it with 











a precast in the northwest corner of Wells and Superior, we found the 12" storm sewer to 





be completely plugged. The Water Pollution Control Maintenance Department attempted to 





open up the line with a jet flusher; and when this failed, we attempted to open it with a 





rod machine. After getting inside the pipe 75 ft., the rods broke. After more investi- 





gation, it was determined that this line has been broken down and plugged for a number of 





years. There were only two ways to solve this problem: one, to run a new line to replace 





the old one, and that would be directly to the river; or the second option is to run a lir 





to a 30" combination sewer. The second option was chosen strickly because of cost. To 





run to the river would have taken 250 feet of pipe and a flap gate. 


VEZ Ge Se a 


EFFECT QF PASSAGE _ Improved water main break at above location 























EFFECT OF NON-PASSAGE 

















MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $1,428.50 








ASSTGNED TO COMMITTEE 











BILL NO. S=90=09=S22 


REPORT OF THE COMMITTEE ON CITY UTILITIES 





PAUL M. BURNS, CHAIRMAN 


MARK E. GiaQUINTA, VICE CHAIRMAN 
HENRY, LONG, TALARICO 





WE, YOUR COMMITTEE ON. CITY UTILITIES TO WHOM WAS 
REFERRED AN (ORDINANCE) approving Change Order 


(RESSEEBSON) 
for RES. #6135-89, SUPERIOR STREET WATER MAIN BREAK with 
BROOKS CONSTRUCTION CO. in connection with the Board of 
Public Works and Safety of the City of Fort Wayne, Indiana 
ee EON TE L T a 
Ue ES a ee 


oe EEEE 











HAVE HAD SAID (ORDINANCE) (BESQEUEEQN) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) CBE SOBER a $$$ i i ii 


DO NOT PASS ABSTAIN NO_REC 




















Sandra E. Kennedy 
city Clerk 


